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This is the seventh report on project EREP 108, and it 
covers the month of January 1974. 

A successful ship/aircraft/satellite experiment was con- 
ducted on January 8 along suborbital track 14. The 
observations were the same as reported last month except 
that a new spectroradiometer was employed; the borrowed 
NASA 1/4 meter Ebert was recalled in the middle of the 
experiment series, and a Gamma Scientific instrument 
had to be modified for use on the R/R VIRGINIA KEY. 

The edge of the current was found much further to the 
south than last year's field experience indicated it 
to be, and the aircraft track was probably too short. 

A second aircraft/satellite experiment was conducted 
on January 21 on track 62. This time the track ex- 
tended from the Florida Keys to Cay Sal Bank, and had 
to include the current boundary, although no visual 
observations confirmed this. Processing of the ship 
data has begun in preparation to receiving ship and 
satellite data.- 

Recipients of the financial report are marked by an 
asterisk on the attached distribution list. 
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